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Message Text 

UNCLASSIFIED 

PAGE 01 STATE 089859 
ORIGIN SY-05 

INFO OCT-01 AF-10 ISO-OO OC-06 CCO-OO FBOE-OO OCL-OO 
/022R 

DRAFTED BY A/SY/NSU:MMNOWAKOWSKI:TD 
APPROVED BY A/SY/FO:PJHARRICK 
A/SY/FO/AF:JKOLESNIK 
OC/PF,:T .F.NGT ,F.BR AKEIST IBS) 

047191 072221Z/61 

P 072122Z APR 78 
FM SECSTATE WASHDC 
TO AMEMBASSY BANGUI PRIORITY 
INFO AMEMBASSY NAIROBI PRIORITY 
AMEMBASSY ACCRA 
AMEMBASSY MONROVIA 
AMEMBASSY ABIDJAN 
AMEMBASSY KINSHASA 

UNCLAS STATE 089859 

BANGUI FOR PSO, NAIROBI FOR RSS, OIC RTC, RCO, CPOIC 
E.O. 11652: N/A 

TAGS: ASECNSU 

SUBJECT: BANGUI NOB 

SEABEE TEAM, ACCRA FOR RCO, MONROVIA FOR ATO, ABIDJAN FOR 
OIC TSO, CPOIC SEABEE TEAM, KINSHASA FOR RSO 

REF: (A) STATE 71498, (B) BANGUI 653 

1 . WOULD APPRECIATE RESPONSE TO PARA 1, REFTEL (A). 

FYI, OC HAS LEARNED THAT LIGHT FIXTURES WERE NEVER ORDERED. 

DEPT NOW IN PROCESS OF REINITIATING PROCUREMENT ACTION. 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 STATE 089859 

LIGHTS ARE SPECIAL ORDER AND NOT STOCK ITEM AT MANUFAC- 
TURER. HOWEVER, HAVE STRESSED URGENCY WHICH MAY LEND 
ITSELF TO AVOIDING INORDINATE DELAY. 

2. WHILE SEABEE SUPPORT IDEALY WOULD BE TO COORDINATE 
EFFORTS WHICH WOULD ENABLE BOTH CONSEC AND ACTUAL SEABEE 
CONSTRUCTION TO TAKE PLACE CONCURRENTLY, MATERIAL DELAYS 
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MAY PREVENT THIS COURSE OF ACTION. REQUEST BANGUI ADVISE 
IF WORK BY CONTRACTOR (AND SEABEE CONSEC) MUST PROCEED 
WITHOUT DELAY OR CAN POST POSTPONE CONTRACTOR EFFORTS UNTIL 
MATERIALS FOR SEABEE PORTION OF WORK ARE AVAILABLE ON-SITE. 

3. SPECIFIC DETAILS CONCERNING CONTRACTOR AND SEABEE 
REQUIREMENTS ARE REQUIRED IN ADDITION TO THAT REQUESTED 
ABOVE. 

A. ARE ALL MATERIALS AVAILABLE FOR COMPLETION OF 
CONTRACTOR WORK (FLOOR TILE ADHESIVE, LOCKS, DOORS, PAINT, 
ETC.)? 

B. HAS COMMERCIAL POWER BEEN INSTALLED PERMANENTLY 

TO NOB IN ORDER THAT SEABEE MAY MAKE CHECKS OF SYSTEMS IN 
CCC (REMOTE POWER RELAY, MAIN DISTRIBUTION POWER PANEL, 
LIGHTING CIRCUITS)? GENERATOR INSTALLATION MUST BE COM- 
PLETED BY CONTRACTOR (EXHAUST, FUEL LINES, ETC.) IN ORDER 
THAT FINAL CHECK OF EMERGENCY GENERATOR CAN BE MADE BY 
SEABEES. PLEASE ADVISE. 

C. ARE GOVERNMENT/NON-GOVERNMENT QUARTERS AVAILABLE 
FOR ONE MAN SEABEE TEAM? PER DIEM UNDER JTR IS DOLS 63.00 
PER DAY (DOLS 31.00 PER DAY FOR LODGING). IF GOVERNMENT 
QUARTERS UNAVAILABLE, IS PER DIEM RATE SUFFICIENT FOR 
HOTEL ACCOMMODATIONS? 

UNCLASSIFIED 

UNCLASSIFIED 
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4. SEABEE PERSONNEL ARE CURRENTLY BEING HELD FOR ASSIGN- 
MENT TO BANGUI NOB WHICH CONSISTS OF BOTH CONSEC AND 
ACTUAL WORK REMAINING TO THE ORIGINAL SEABEE PROJECT. IN 
ORDER TO FACILITATE SCHEDULING OF MANPOWER BY A/SY/NSU, 
REQUEST EARLIEST POSSIBLE REPLY BY BANGUI TO QUESTIONS 
OUTLINED BY THIS TELEGRAM. VANCE 


UNCLASSIFIED 


NNN 
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